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Message Text 

UNCLASSIFIED 

PAGE 01 BUENOS 03932 271832Z 
ACTION ARA-10 

INFO OCT-01 ISO-OO ARAE-00 EB-07 SSO-OO /018W 

271835Z 088440/41 

O R 271805Z MAY 77 
FM AMEMBASSY BUENOS AIRES 
TO USDOC WASHDC IMMEDIATEC 
INFO SECSTATE WASHDC 0686 
AMEMBASSY MONTEVIDEO 

UNCLAS BUENOS AIRES 3932 

E.O. 11652: N/A 
TAGS: BENC, UY, AR 

SUBJECT: MAJOR PROJECT: SALTO GRANDE TRANSMISSION LINE 

REF: STATE 109317 

BID DEADLINES FOR TWO OF THREE SUBSTATION CONTRACTS (CIVIL 
WORKS AND ELECTROMECHANICAL EQUIPMENT) REGRETTABLY PASSED BEFORE 
EMBASSY ABLE TO OBTAIN EXTENSION REQUESTED IN REFTEL. LAST BID 
CONTEST, FOR COMMAND AND COMMUNICATIONS EQUIPMENT, HAS BEEN 
POSTPONED UNTIL JUNE 26, 1977 AT 1600 AT REQUEST OF INTERESTED 
FIRMS. IF BROWN AND ROOT INTERESTED IN LAST CONTRACT, AND 
CANNOT MEET JUNE 26 DEADLINE, EMBASSY WILL TRY TO OBTAIN 
FURTHER EXTENSION, THOUGH WE ARE DOUBTFUL SUCH A REQUEST WOULD 
BE HEEDED. SUBSTATION PART OF SALTO GRANDE PROJECT IS BEHIND 
SCHEDULE AND THREATENING TO HOLD UP COMPLETION OF TOTAL PROJECT. 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 27-May-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977BUENOS03932 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D7701 90-0555 

Format: TEL 

From: BUENOS AIRES 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linkl 977/newtext/tl 977051 1/aaaaajel. tel 

Line Count: 41 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: f5a06088-c288-dd11-92da-001cc4696bcc 

Office: ACTION ARA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 STATE 109317 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 22-Mar-2005 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 2343306 
Secure: OPEN 
Status: NATIVE 

Subject: MAJOR PROJECT: SALTO GRANDE TRANSMISSION LINE 
TAGS: BENC, UY, AR 
To: COM 
Type: TE 

vdkvgwkey : odbc://SAS/SAS.dbo.SAS_Docs/f5a06088-c288-dd1 1 -92da-001 cc4696bcc 
Review Markings: 
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